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ACTION SY-07 

INFO OCT-01 EUR-06 ISO-OO SSO-OO FBO-08 A-01 OC-06 CCO-OO 
/029 W 

081836 

O281120Z AUG 74 

FM AMEMBASSY ATHENS 

TO SECSTATE WASHDC IMMEDIATE 5177 

CONFIDENTIAL ATHENS 6162 

E.O. 11652: GDS 

TAGS: ASEC, ABLD, ACOM, AFSP, GR 
SUBJECT: SEABEE SPECIAL PROJECT STATUS 

REF: TELCON BETWEEN OIC/NSU AND CPOIC ATHENS OF 27 AUGUST; 
ATHENS 6163 

DEPT FOR A/SY/FO; A/SY/NSU, EUR/EX 

1. AS DISCUSSED DURING REFERENCED TELCON, THE FOLLOWING STATUS 
AND REQUIREMENT ESTIMATE IS FORWARDED FOR PLANNING PURPOSES: 

A) ORIGINAL PROJECT IS SUSPENDED TILL FINAL DETERMINATION IS 
MADE ON ADDITIONAL 4" BRICK WALL. CONTINUATION OF STEEL WALL 
WILL REQUIRE PARTIAL REWORKING WHEN BRICK ADDED. 

B) REVISED TIME ESTIMATE OF THREE MONTHS TO INSTALL BRICK WALL 
AND PLACE/REPLACE STEEL. 

C) TWO ADDITIONAL SEABEE PERSONNEL REQUIRED. CANNOT AT THIS 
TIME RELY ON RESIDENT SEABEE FULL TIME. 

D) ADDITIONAL TOOLS REQUIRED TO FINISH PROJECT ARE: 1 RAMSET, 

4 - 8" BRICK TORWELS, 2 POINTING TROWELS, 2 - 48” MASON LEVELS, 

2 BALLS NYLON LINE. 1 OXY/ACET CUTTING TORCH W/TIPS (CUTTING AND 
GOUGING). 

E) ELECTRICIAN WILL BE REQUIRED TILL ALL STEEL IS IN PLACE. 
CONFIDENTIAL 
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2. TEAM WILL WORK ON OUTSIDE OF BUILDING INSTALLING VENT 
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PANELS WHILE AWAITING DECISION ON BRICK WALL. 

TASCA 
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